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CtMCCTTSE FOR THR IfiWttOFMBBP OF "DEFUffTEXV^ 1 PUB 


FOR A FHEMASEHT HEADQKARTSRS WUMMi 


Item I. Current Status of the Selection of * Site. --- 

fcy Chief, Real Estate and Construction Division, Lotties 

Office. 


Item XX. 


Preparation ©f Preliminary Plano* — - Presented by ®ief , 
Beal Estate and Construction Division, fngistios Office. 
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TESSA 1 


s mi esm coo© 


A. mOBLBSt: 

1* To select an adequate site and to obtain necessary 
approval for its use for our permanent headquarters facilities. 

3. DISCUSSION: 

1. Preliminary surveys have been msds of available sites 

m Oovernroat-cwned property vlthin ten miles of the White House. 

The property now occupied by the Bureau of Public Reads Research 
Centre, Langl e y, via., within miles of the White Rouse, appears 
to be the most desirable of these sites. 

2. ftrellffllmry discussions with the Public Roads Administration 
Indicate that they would be agreeable to releasing sufficient acreage 
to us for our requirements. A brief study of the area indicates that 
the topography would be suitable far the coast ruction of our faclll- 
ties and that utilities C water, electricity, sewage disposal) 
would be avail ab l e with a reasonable expenditure of funds. 

3* There are two conditions that might preclude the use of 
this sites 


a. The current policy of the Office of Defense 
Mobilisation requires that new construction 
of dovernaent buildings be dispersed at least 
ten miles beyond the perimeter of an urban 
target area. 

|1) A waiver of this requirement has been 
requested of the Office of Defense 
Mobilisation by the SCI. TO utilise 
this site for our headquarters facilities 
we would need the approval and/or assist- 
ance of the fallowing: 

fa) Office of Softens® Mobilisation 

Ch) Rational Capital Bark and Henning 
Commission 

Co) General Services Administration 

Cd) Congressmen from Virginia 

C«) Board of Supervisors, Fairfax County, Vte. 
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Prsliminary dissuasions have b®*n with 
nost of tit* above on this matter Q 

bo Ih* present highway approaohes to tha sits would 
ba inadequate for our nee&So 

(1) Leesburg Pike leading to tha aita f*om Chain 
BrbSga^ Canal Road# Ion tha Distrist aide of 
tha bridge) and Chain Bridge itaalf would ba 
inadequate to aoeonmodata the traffic flow 
that would ba generated by our use of this 
aitao However c tha planned major highway 
development in this area 9 whan ©onatruotad# 
would provide adequate facilities for our 
naadso The ©onstruotion of tha Gao<> Waah» 
ington Manorial highway from Spout Bun to 
tha Research Centra and jSnprovecaant of Leesburg 
Pika to tha ait® prior to the ©ompletion of our 
headquarters facilities would be absolutely 
eaaentialo Improvement of Canal Hoad and tha 
©onetruotion of Rout® 240 to tha Manorial 
Highway would b® highly desirahLe 0 2b insure 
tha timely (construction of these roads we wo uld 
need tha approval and/or assistance of tha 
following* 

(a) Department of Interior 0 

(b) national Capital Park aid Planning Commiaaiono 
(©) Public Roads Administrationo 

(a) Virginia Department of Highways,, 

(•) Maryland Department of Higbwayso 

(f) Beard of Supervisors# Fairfax County# Va 0 

ftreliminary diaouaeiona have bean wia with 
most of the above on this matter <> 

C 0 HBGOMdESDATSDHSt 


_ ■ -2?®^ continuing effort be made to secure the early approval 

of the Offs©# of Defense Mobilisation of owr use of tha Langley a£t® 0 

, 2hat after approval of tha Offise of Defense !4>b£U*ation 

has bean obtained# we secure the release of the nsoesaary acreage 
f|rom the Public Roada Administration and the Rational Capital Park 
and Hanning C oasis s£on 0 

ot *£*-?* * ”?*?**?, *gf ** *», "*« *° >**<*» tlMly noMtrurtlon 
?„ q * °” Washington Mwaorial Highway and aeoooni&ihmcat of am^aaar 

A&P^WW&fa(<>£a 9CES&ti3$Mt5MX'vhGMriR Slf? ffi»gQ005D0Q50154-2 ^ 
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niPAsmoa or prsuhzhary plans 


A. PROBLEM 

2b develop preliminary plans for tbs Headquarters facillUss. 

Bg DISCUSSION 

1» Tbs preparation of plena and specifications for a project 
of tbla sort would be divided into two distinct phases* 

Phase A. Preparation of preliminary plans. 

Phase B. Preparation of detailed plans and specifications. 

Preliminary plans {Phase A) would be based on "definitive" plans 
Prepared by tills Agency. These "definitive" f 1 ana wo ul d be 
developed by the Real Estate and Construction Division, Logistics 
Office, from lists of requirements submitted by the various 
components of the Agency on forms prepared by the Real Estate and 
Construction Division, Logistics Office. 

The responsibility for the development of complete 
and specifications would be contingent upon the method of funding 
approved by the Bureau of the Budget for our project. If the 
project la approved and funded as an item In the Department of 
Defense Budget, the responsibility for the development of plans 
would be ours. However, should the project be approved and funded 
as a lease -purchase project, the responsibility for the development 
of plans and specifications would belong to the Administrator of 
General Services. 

3V While we have enabling legislation In the amount of $38 
million for our project as a Department of Defense item, we should 
secure the approval of the Bureau of the Budget for inclusion of our 
project in the Fiscal Year *56 program prior to initiating development 
of preliminary plans. If funds are available from our own sources 
we could then proceed with the development of preliminary plans . 

These plans would normally be prepared by the Public Buildings Service, 
at our request, either by the Public Buildings Service or by an 
Architect-Engineer engaged for that purpose. It is believed that 
the latter course would be pursued and we could expect to participate 
in the selection of the Architect-Engineer . We feel that it would be 
desirable to use the same Architect-Engineer for the preparation of 
both the preliminary and the detailed plans and that the Architect- 
Engineer selection for Phase A should be made accordingly. 
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k* Should the project be approved as a lease -purchase project, 
the preparation of preliminary plans and estimates would then be 
the responsibility of the Administrator of General Services. This 
fact might lessen to same degree the control we could expect to 
exert over the selection of an Architect-Engineer and the building 
design. 


5* Lease -purchase legislation is not intended to constitute 
a substitute for normally appropriated construction would be 
used when there is no prospect of direct appropriation within a 
reasonable period of time. In view of this end since we now have 
as a Department of Defense item, enabling legislation for our project, 
^ Cfexti that efforts would first have to be mad e to secure a 
lunp-sua appropriation. Should this method be disapproved, we 
should then request Bureau of the Budget approval of a lease -pur chase 
project. 


Co KBOXMBtQmORS 


1* That information required from all components of the Agency 
be prepared in accordance with Instructions furnished by the Rea l 
Satate and Construction Division, Logistics Office, and submitted 
to that Division not later than 28 January 1955 . 


.. ®»sfc the preparation of "definitive" plans be initiated by 
the Real Estate and Construction Division, Logistics Office. 


3° That the Comptroller and the General Counsel provide 
guidance on procedure to be followed to obtain Bureau of the Budget 
approval including funding method to be employed. 


Enclosures: Instructions for submission of space 

requirements, with attachments. 
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